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from the power house to the heater house and to the converter building. Along these lines four concrete manholes or pull boxes were installed At the converter building the wire from the conduits run up a steel column and from thence on steel brackets through the reverberatory and boiler building to a point of distribution by poles. From this point the wires go to the roasters, sample mill, crushing plant, and bedding plant. The wire ranged from 1,000,000 c.m. to No. 12 weatherproof.
Account 8908.1—Temporary Oil Tanks.
This account is indirect expense, see 8999. It covers the cost and erection of an oil tank with pipe lines used during the construction period.
Account 8909—Permanent Air Line—Excavation.
This covers the cost of trenching and backfilling for the air lines. The trenches were in every kind of soil, 18 in. to 6 ft. deep and 1 ft. to 3 ft. wide.
Account 8909.1—Permanent Air Line—Laying.
This account covers the cost of material used and the labor of installing the same. The lines together are 2,316 ft. long and composed of the following quantities of different sized pipe.
526 ft., Hn. pipe                      656 ft., 2-in. pipe
36 ft., li-in. pipe                    838 ft., 3-irx. pipe
80 ft., IJ-in. Pipe                     180 ft., 4-in. pipe
Account 8910—Transmission of Power to Various Departments. This is a suspense account which has been charged away.
Account 8911—Watchman House.
This account is indirect expense, see 8999. It covers the cost of a temporary building.
Account 8912—Tool Shed.
This account is indirect expense, see 8999. It covers the cost of a temporary building.
Account 8913—Barn and Corral.
This account is indirect expense, see 8999. It covers the cost of the corral and barn.
Account 8914—Temporary Blacksmith Shop.
This account is indirect expense, see 8999. This is a temporary building used during construction.
Account 8916—Temporary Power Plant.
This account is indirect expense, see 8999. It covers a large compressor, Maune type boiler and temporary building, together with the labor of installation. Power Distribution,
